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BILL NO. S-87-04- Sc; 


VITAES UU MET AUL era Le FUITE E REMIS AIL e 7l 


AN ORDINANCE approving the Contract 
for Res. 6068-86 - Berry Street 

Bond Issue, between Gaines Construc- 
tion Company and the City of Fort 
Wayne, Indiana, in connection with 

| the Board of Public Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the Contract for Res. 6068-86 - Berry 
Street Bond Issue, by and between Gaines Construction Company 
and the City of Fort Wayne, Indiana, in connection with the Board 
of Public Works and Safety, for: 


the improvement of Berry Street 
between: Fulton Avenue and Broadway 
by constructing partial sidewalk 
replacement, total curb replacement, 
drive approaches, yardwalks on 

the North side of Berry Street. 

Also by adding corner wingwalks 

| at the corner of Fulton and Berry 
and the N.E. and S.E. corners of 
Broadway and Berry Streets; 





the Contract price is Nineteen Thosuand Five Hundred Ninety-Four 

and 30/100 Dollars ($19,594.30), all as more particularly set 

forth in said Contract, which is on file in the Office of the 

Board of Public Works and Safety and, is by reference incorporated 

herein, made a part hereof, and is hereby in all things ratified, 

confirmed and approved. Two (2) copies of said Contract are 

on file with the Office of the City Clerk and made available 

for public inspection, according to law. E 
SECTION 2. That this Ordinance shall be in full force 

and effect from and after its passage and any and all necessary 


approval by the Mayor. 








APPROVED AS TO FORM 
AND LEGALITY 





oxberger, City Attorney 
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INSTRUCTIONS TO BIDDERS 
Board of Public Works and Safety 
City of Fort Wayne, Indiana 


March 12, 19 87 
Non-Federally Funded Construction 


1s Submission of Bids. Sealed bids will be received 

by the Board of Public Works and Safety of the City of Fort 
Wayne, in the State of Indiana, hereinafter "The Board" until. 
9:00 o'clock AN on the _lst day of April » SO Sie. at the 
Office of The Board in the City-County Buliding, at which time 
the bids will be publicly opened and read, for the following 


described work, as more fully set forth in the specifications: 
BERRY STREET - RESOLUTION NO. 6068-86 


To improve BERRY STREET between Fulton Ave. and Broadway by constructing partial 

sidewalk replacement, total curb replacement, drive approaches, yardwalks on the — 
north side of Berry St. Also by adding corner wingwalks at the corner of Fulton 
and Berry and the N.E. and S.E. corners of Broadway and Berry streets. —— —— 
zi. SOR O A E RE ES Uo. AU res PN OR PA ENDE NDS He IUS DICERE NE 
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2. inclusion of Clauses - If a clause in the Invitation 
for Bids (IFB) has a box [|] beside it, the clause applies 
to the IFB only if it contains a check mark (VW) or an "x". 
Any questions as to whether a clause is included or not should 
be referred to The Board. i 


3. Questions as to Bid Document. If a bidder finds 
discrepancies in, or omissions from, the bid document or has 
questions about the project, he should at once contact the City 
Engineers. If the information requested or change made is 
substantive, The Board will issue an amendment to the solici- 
tation and will send such amendment to all potential bidders who 
have procured an Invitation for Bid (IFB). The Board and the 
City will not be responsible for any oral instructions. 


4. wa e e S on- 
sibility). A contract resulting from the Invitation for Bids 
will be awarded to the lowest and best timely bidder who is 
also responsive and responsible. If bids are otherwise equal, 
award will be made to that bidder granting the largest prompt 
payment discount. $ 


5. Bid Requirements. All bids shall be endorsed with 
the title of the work, the name of the bidder, and the date 
of mailing or presentation. All bids shall be filed in the 
office of The Board on or before the day and hour set forth 
above and stated in the advertisement, and no bid received after 
that time will be accepted. The Board will not accept any late 
filing regardless of reason, including delays in the mail. 


O.C. 12/84 i Ie 1 
B e o W. Non-Fed 


All bids shall include the exact quantities of each 
item shown on the bidding form for each section of the work, 
and unless the IFB otherwise states, the total cost of the 
various sections shall be considered a lump sum bid. 


6. Examination of Bids For Responsiveness. After the 


bids are opened and read, The Board will examine them to deter- 
mine if they are responsive. In order to be responsive, the 
bidder must complete all blanks requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be determined non-responsive. Proposals which are 
unbalanced may also be determined non-responsive. 


However, The Board reserves the right to accept any 
bid, to reject any and all bids, and to waive defects or irregu- 
larities on any bid. 


Ts Determination of Responsibility. Prior to awarding 
any contract pursuant to this Invitation for Bids, The Board 
will make a determination of responsibility. An award of a 
contract to a bidder shall constitute an affirmative determina- 
tion of responsibility. 


In reaching a determination of responsibility, The 
Board can consider among other factors: 


(a) The Contractor's record of integrity. 


(b) The Contractor's experience and past performance 
record in construction work. 


(c) The Contractor's financial status. 


(d) The Contractor's capability to perform the 
project. 


(e) Whether the bidder is in arrears upon or in 
default of any debt, contract or other obligation 
to the City of Fort Wayne. 


(f) Whether the bidder is debarred from Federal or 
City of Fort Wayne contracts. 


(g) The bidders record in MBE/WBE compliance. 


(h) Whether the bidder is engaged in litigation with 
the City of Fort Wayne. 
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In arriving at a determination of responsibility, 
Ihe Board may institute a pre-award survey on any or all bid- 
ders. That pre-award survey may examine any of the consider- 
ations relating to a bidder's responsibility as set forth above. 
Bidders will cooperate with the pre-award survey team. Failure 
to cooperate can result in a finding of non-responsibility. 


LIE Prequalification - In addition to being timely, respon- 
sive,and responsible, a bidder must also be prequalified by 
the State Department of Highways in order to be awarded a 
Contract. 


9. Bid Bond or Deposit. Each bid must be accompanied 
by a bond executed by the bidder and surety satisfactory to 
The Board, in a sum of FIVE percent ( ? $) of the aggregate 
amount of the bid, but in no case less than $100.00; or the 
bidder may deposit with The Board in lieu of such bond, a 
certified check on a solvent bank in a sum of _777777 percent (7. $) 
of the aggregate bid or proposal, but in no case less than 
$100.00, which certified check shall be payable to the City of 
Fort Wayne. The bid bond or certified check shall serve as a 
guarantee that should the said bid be accepted by The Board,- the 
bidder will, within ten (10) days after the time he is notified 
of the acceptance of the bid, enter into a contract with the City 
of Fort Wayne for the work bid upon and give bond with surety to 
be approved by The Board, insuring the faithful completion of the 
contract. ; 


In case a bid is not accepted, the obligation of the ` 
said bond shall be null and void and the certified check will 
be returned to the bidder, as the case may be. In ease a bid 
is accepted, and the bidder does not enter into a contract with 
the City of Fort Wayne for the work bid upon within ten (10) 
days after notification of award, then the obligation of the 
bond or the certified check shall be forfeited to the City of 
Fort Wayne for ascertained and/or liquidated damages for failure 
to enter into a contract. Provided that, the City's action in 
forfeiting the bond or retaining the certified check shall not 
preclude the City from taking any further action against the 
contractor to recover for all actual damage, the City has 
suffered. 


10. Sworn Experience Questionnaire, Plan and Equipment 
Questionnaire and Contractor's Financial Statement. Each bidder 
will submit with and as part of its bid the following documents 
under oath and on forms prescribed by the State Board of Ac- 
counts, or shall have the following forms on file with The Board 
which shall not be less than one year old. 
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(a) Experience.Questionnaire. 

(b) Plan and Equipment Questionnaire, and 

(c) Contractor's Financial Statement (Form 96-A) 
or Certificate in Lieu of Financial Statement. 


11. Execution of Additional Bid Documents. In addition 


to all documents previously mentioned as having to be executed 
and submitted as part of the bid, each bidder will be required 
as part of its bid to execute and submit the following documents 
as specified below: 


(a) Non-Collusion Affidavit 
CI (b) Prequalification Statement 

(c) 

(d) 

(e) 


12. Brand Name or Equal-Specified Materials. Where, in the 


specifications, one or more specified materials, trade names, or 
articles of certain manufacture are mentioned, it is done for the 
purpose of establishing a basis of durability and proficiency, 
and not for the purpose of limiting competition. The bidder- can 
submit other names of materials and, if, the Director of the 
Board determines that, they are equal in durability and suf- 
ficiency to those mentioned and of a design in harmony with the 
work as outlined, then the bid will be accepted as responsive. 
However, if the Director of the Board determines that such 
materials are not equal, then the bid may be rejected as non-re- 
sponsive. Consequently, bidders are advised to submit any such 
request for changes or deviations in materials to the Director of 
The Board prior to submitting bids. Any approval of deviation 
will be by written amendment' to. the solicitation and will be 
submitted to all bidders who have obtained IFBs. 5 


13. Minority Business Enterprise/Women Business Enterprise 


Requirements. 
(CONSTRUCTION) 


It is the policy of the City of Fort Wayne that 
Minority Business Enterprises and Women Business Enterprises 
should participate to the greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. 


in order to fulfill this policy, the City: of Fort 
Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
Code of the City of Fort Wayne) which sets participation goals 
for procurement contracts of at least 7$ for Minority Business 
Enterprises and at least 2% for Women Business Enterprises. 
To meet the participation goals, a Minority Business Enterprise 
may be either a prime contractor, sub-contractor, or a joint 
venture. 
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Minority Business Enterprise (MBE) is a business of 
which at least 51$ is owned and controlled by minority group 


members. ("Minority" means Black, Hispanic, American Indian, 
Asian, Pacific Islander, and Alaskan Native). The minority 
owners must exercise actual day-to-day management, as well as 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or exper- 
. tise made by the minority owners must be real, substantiated and 
documented. 


Women Business Enterprise is a business of which 
at least 51$ is owned and controlled by women. The women owners 
must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 
made by the women owners must be real, substantiated and docu- 
mented. 


The contract for which this proposal/bid is prepared 
is governed by the MBE/WBE Ordinance. This form must be :com- 
pleted in order to be responsive to this IFB/RFP. TE the 
participation goal of 7$ for MBE and 2$ for WBE are not met or 
exceeded in your bid or proposal, the reasons for this failure 
and reasonableness and good faith of efforts to meet this goal 
shall be evaluated in determining whether the bidder/offeror is 
responsible. 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. ; 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE 
GOALS OF THE CITY FOR WORK DONE PURSUANT TO THIS CONTRACT: 


A. MBE The unde signed firm certifies that it is an 
MBE/ Contractor (cross out inapplicable pro- 
vision). 





For MBE specify percentage of minority ownership 
Loo: '£. 


For WBE specify percentage of women ownership 





B. The undersigned certifies that they are a joint 
venture in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is 
a joint venture partner. 
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The MBE/WBE firm (cross out inapplicable pro- 


vision) shall have joo $ participation (em- 
cip 


ployees) S¢ $ part ation (costs) in this 
project. 


Specify the percentage of ninority/women ownership 
in the MBE/WBE firm (3% $. (cross out inappli- 
cable provision) - 


C. The undersigned commits |O^Ó $% of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 


Name of Firm Address Type of Work 
1. 
24 
3. 


D. The undersigned commits A * of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 


Name o irm SE e of Wor 
ña HO nq True ma, 

1.catherineBeckim n € 

2. Joy € e Ca e. pie! Ho © SOD) KO EIL CC YN y 

d s 


É. Complete (1) and (2) below if participation goals 
of 7% : 
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MBE and 2% WBE have not been met. 


a My Company cannot meet the participation 
goals for the following reasons: 











25 We have taken the following steps in an 
attempt to comply with these participation 
goals: 








' 








14. Mino emale e e ents. 
The City's policy is to encourage a greater utilization of 
minority and/or female employees in City construction projects. 
The Board has, therefore, adopted a ninimum.goal of 17$ of the 
total. work hours on each project to be expended by minority 
and/or female employees. ("Minority" shall include: Blacks, 


Hispanic, Asian, Pacific Islander, American Indian or Alaskan 
Native.) 


The bidder shall state in "A" below the percentage of total 
work hours which the bidder and his subcontractors will employ 
and utilize women and minority employees on this project. If a 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records, 
facilities and work site and to those of his subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this clause.in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17$ minority/fe- 
male participation, the reasons for this failure and reason- 
ableness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that it will employ 
and utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least Ms of the total 
hours worked on this project. 


B. Complete (1) and (2) below if the hourly utilization 
figure set forth in "A" is less than 17$. 


Ls My Company and its subcontractors cannot meet 
the 17% minimum hourly utilization figure for the 


following reasons: 





' 
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2. My Company has taken the following steps in an attempt 
to comply with the 17$ hourly utilization figure: 











(attach additional sheets if necessary) 






Contractor 


By 
Its =) ` 


15. Required Prevailing Wage Schedule Payments - Pursuant 
to Indiana Code 5-16-7-1. A11 contractors and subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, semi-skilled and 
unskilled laborers, workmen and mechanics. This wage determin-: 
ation has been made in accordance with the procedures set forth- 
in Indiana Code 5-16-7-1. This determination and the required 
wage rates are available for examination by any prospective 
bidder at The Board of Public Works and Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. 





If a bidder is awarded a contract as a result of this Invitation 
for Bids, he/she/it shall file a schedule of wages, on forms 
provided by the City of Fort Wayne, demonstrating compliance 
with the wage rate determination. The successful prime con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 
tractor commences any work on the project. 


Penalties for failure to pay the prevailing wage rate are set 
forth in Indiana Code 5-16-7-3. 


16. Site Orientation. A site orientation (will/will not) 
be conducted by the City Engineers. If such an orientation 
is conducted, it will be held on the day of (0285. 
commencing at X o'clock __.M. at the site of the project. 


Regardless of whether a site orientation is conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for all 
conditions that affect the work, including, but not limited to 
all sub-surface conditions. SCH : 
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17. Performance Bond. The successful bidder, at the time 
of signing the contract will be required, at his own expense, 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a surety to be approved by The Board, on the bond form 
headed by The Board. The Performance Bond shall contain the 
following clause: "The said Surety, for value received, hereby 
stipulates and agrees, that no change, extension of time, 
alteration or addition to the terms of the contract or to the 
work to be performed thereunder, or the specifications accon- 
panying the same, shall in any way affect its obligation on this 
bond, and it does hereby waive notica of any change, extension of 
time, alteration or addition to the terms of the contract, or to 
the work or specification." 


18. Additional Bonds. If a bidder is awarded a contract he 
will also be required to execute with.surety, satisfactory to The 
Board; 


L] A. Payment Bond. In the amount of payment to be made 
under the contract. m. s 


D B. Warranty Bond. In the amount of the contract 
warrantying the contractor's performance of a 
period ofthree yearsafter the date of the City's 
acceptance. 


19. Councilmanic Approval and Ratification of Contract. 
This agreement, although exe 


cuted on behalf of the Owner by 
the Mayor and The Board, shall not be binding upon the Owner 
unless, and until, the contract has been ratified and approved by 
the Common Council of the City of Fort Wayne, Indiana. And if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractor shall not 
be bound to the contract unless he/she/it elects to be so bound. 


20. Method of Contract Award. The contract resulting 
from this IFB will be awarded: 


Da. On an all or none basis. 


O B, As follows: E wv oiu MM. Lr d 
AA CC C ME CIN I I rT 
€ a E 
Se ee St he E DICE A 
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SCHEDULE 
Board of Public Works and Safety 


The contractor agrees to furnish at his/her/its own cost 
all labor, insurance, materials, equipment, and power for the 


complete performance of the following project: 
BERRY STREET RESOLUTION NO. 6068-86 








———————————————————————————— — —— M Ós 


All work will be performed in accordance with: Resolution 
# 6068-86 the IFB, this contract and the applicable lans, specifi- 
cations, and drawings for a TOTAL PRICE of $ 5097.20. (If 
unit prices are applicable, the contractor agrees to perform 
for those unit prices as set forth in the Schedule of Unit Prices 
attached hereto). ` 


The work shall be commenced within ten (10) days after 
The Board issues a written notice to proceed. All work shall 
be completed within days after issuance of the notice to 
proceed. Those days which the contractor cannot work because 
of severely inclement weather shall not be counted. 


EJ Liquidated Damages Provision. (This clause shall be appli- 
cable to this contract only if the box contains a checkmark or an 
"X".) .It is hereby agreed by and between the City of Fort Wayne 
and Contractor that time is of the essence of this agreement 
and the contractor agrees that it will complete the project 
as herein defined on or before 6/15/87days after issuance of the 
notice to proceed. The parties agree that it is a business and 
governmental necessity that the project be completed by this 
date, that it will be difficult or impossible to make an accurate 
determination of the damages that would be incurred by the City 
of Fort Wayne, and therefore provide for liquidated damage in 
the sum of $250.00 per day for each and every day after Shays 
after issuance of the notice to proceed that the project remains 
uncompleted. The parties agree that the sum of $ 250.00 per day 
is a reasonable estimate as to the damages which would be: 
incurred by the City of Fort Wayne. The parties further agree 
that causes beyond the control of the contractor may delay the 
completion date. Therefore, the parties agree that delays in the 
completion date beyond the control of the contractor shall not 
result in liquidated damages. 





Delays beyond the control of the contractor can include but 
are not necessarily limited to, the following: Acts of God, 
strikes, lockouts or industrial disturbances, acts of public 
enemies, restraining orders of any kind by the government of 
the United States of America or of the State of Indiana or any. 
of their departments, agencies, or officials, or any civil.or 
military authority, insurrections,-riots, landslides, earth- 
quakes, fires, incapacitating storms, floods, and explosions. 


ee). U.C se 
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agents or representatives present at the time of filing this bid, being duly 
sworn on their oaths, 'say that neither they nor any of them have in any vay, 
directly or indirectly, entered into any arrangement or agreement with any other 
bidder, or with any public officer of such City of Fort Wayne, Indiana, whereby 
such affiant or affiants or either of them, has paid or is to pay to such other 
bidder or public officer any sum of money, or has given or is to give such 
bidder or public officer anything of value whatever, or such affiant Ortar rents 
or either of them has not directly or indirectly, entered into any arrangement 
or agreement with any other bidder of bidders, which tends to or does lessen or 
destroy free competition in the letting of the contract sought for by the 
attached bids, that no inducement of any form or character other than that which 
appears upon the face of the bid will be suggested, offered, paid or delivered 
to any person whomsoever to influence the ecceptance of the said bid or awarding 
of the contract, nor has this bidder any agreement or understanding of any kind 
whatsoever, with any person whomsoever to pay, deliver to, or share with: any 
other person in any way or manner, any of the proceeds of the contract sought by 
this bid. 






The Bidder, by its officers and 












Subscribed and sworn to before me 
this / i DF day of 


My Commission Expires: Des 
Notary Publi 


E O i zs Fj Resident of 


Subscribed and sworn to before me by 
this : : |: day of 








A e 
My Commission Expires: : 

Recaro MEINE SS o Um 
`- Resident of 3 County, IN 





WE A em ag me Sit Se ya en eee Gm ep EN Impe RUE emo a A am Res ew 


Subscribed and sworn to before me by 
this : day of 


) 
e ee 


My Commission Expires: 
Notary Public i 
Resident of County, IN 





Contract No. 





CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 
emmmer 





(position) j (company) 


hereby certify: 





(1) That the Financial Statement of said company, dated the  / th 


SCH 
day of , 19 FZ now on file in the office of the Board of 





Public Works of the City of Fort Wayne, Indiana, which Financial Statement is by 
reference incorporated herein and made a part hereof, is a true and correct 
Statement and accurately reflects the financial condition of said company as of 


the date hereof; 


^ 


(2) That I am familiar with the books of said company shoving its financial 


condition and am authorized to make this certificate on its cu 


Dated: A dads 


/ 





SUBSCRIBED AND SWORN TO before me, a Notary Public, in and for said 


H 


County and State, this / xx day of TES SA v A An 





My commission expires: 


PEA, ZE 


CERTIFICATION OF BIDDER/VENDOR 
ey IO 


E N 
The undersigned, on behalf of We pa 


, does hereby make the following representations 





to the City of Fort Wayne, Indiana. 
WHEREAS, it is acknowledged that the Common Council 
of the City of Fort Wayne, Indiana, has passed an ordinance con- 
demning the apartheid policies of the country of South Africa; 
WHEREAS, Council's ordinance requires that all persons, 


firms or corporations submitting bids to the Citys. for goods and. 


services, certify, as part of the bid, that such entity does not 


support the policies of apartheid in South Africa 


re that 








does not support or endorse the policy of apartheid in South Africa. 
IN WITNESS WHEREOF, this Certification has been Signed 


this UE day of 











BOND NO...SBA 12224584 


BID OR PROPOSAL BOND 


KNOW ALL MEN BY THESE PRESENTS, that we Gaines Construction Coe Inc. 











as PRINCIPAL, (hereinafter called the Principal), andIndiana Lumbermens Mutual Insurance Company 
, a corporation duly organized under the State of Indiana and authorized to transact ` 


à general surety business in the State of Ind.as SURETY, (hereinafter called the Surety), are held firmly bound unto: 


City of Fort Wayne, Indiana Board of Public Works. 














as OBLIGEE, (hereinafter called the Obligee), in the sum equal to 5 % of the accompanying bid of the Principal, not, 
however, in excess of _One Thousand € no/l REERERK dollars, 


i$. .14,000. 000. OO , for the payment of which sum well and truly to be made, the said Principal and the said Surety, 
r ° ? 
bind ourselves, our heirs, executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


THE CONDITIONS OF THIS OBLIGATION IS SUCH, That, whereas the Principal has submitted or is about to submit to the 
Obligee a proposal or bid, dated on or about the date mentioned below, tor: (1) the performance of the designated work, or 


(2) the furnishing of the specified goods, supplies or products, to-wit: 
y 


Jg 0 
Berry Street,- sidewalks and curbs Lo GE-F 6 


NOW, THEREFORE, if the Principal shall not legally withdraw said bid within or at the times permitted therefor, but shall 
duly make and enter into a written contract with the Obligee, in accordance with the terms of said proposal or bid, or any 
amendment thereof acceptable to the Principal, within the time permitted therefor after such contract forms are presented to 
the Principal for execution, should the Obligee award the Principal the said work or contract, or any part thereof: and if the 
Principal shall give bond or bonds for the faithful performance thereof, and/or for payment for labor and materials going 
thereinto, as in the specifications or contracts provided: or if the Principal shall, in case of failure so to do, pay to the Obligee 
the damages which the Obligee shall have actually suffered by reason of such failure, not exceeding the penal sum of this 
bond, then this obligation bal be null and void, otherwise to be and remain in full force and virtue. 


PROVIDED, HOWEVER, that no action shall lie, or claim be enforced hereunder, unless the award on the basis of said bid 
shall have been made within thirty (30) days after the formal opening of said bid, or within the time specified within the bid 
provisions, whichever time shall be greater, and unless the Obligee hereunder shall give notice to Surety of said award at the 
ume of notification to the Principal; and unless legal action to enforce any claim hereunder shall have been commenced 
within six (6) months from the date of the formal opening of said bid. ; 


PROVIDED, always, that this Bond shall not be valid and binding upon the Surety unless accompanied by a Certified Copy 
ot a Power of Attorney authorizing the undersigned Attorney-in-Fact to execute such a bond, the Serial Number upon which 
Copy of Power of Attorney shall correspond with the Bond Number set out above. 








Signed, sealed, and dated this vod ddr . ay at SN ril e .19 Pic 
aines E EXUCELONACO.. Inc. 






SE Go Pu 
s i Principal - 


Indiana Lumbermens Mutual Insurance Compan 











T NER 1 "d BE et e uM R £ a 
SES Bey Attorney-in-Fact 














| 
E 


— —ÁÓ ÀÓ—— À———  À 
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Indiana 























EE ; POWER OF ATTORNEY 
^ Company 
N 
PRINCIPAL. Gaines Construction Co., Inc. EFFECTIVE DATE _April 1, 1987 
217 West Washington Road Fort Wayne, Indiana 46825 
(STREET ADDRESS) (CITY) (STATE) (ZIP CODE) 
GONTRAGT AMOUNT: eeh EE EE AMOUNT OF BONDS 1,000, 00. 


eN 


AGO 
POWER NO. SBA d oC E 





KNOW ALL MEN BY THESE PRESENTS, that the Indiana Lumbermens Mutual Insurance Company, a Corporation duly organized and. 
existing under the laws of the State of Indiana, with its principal office in the City of Indianapolis, Indiana, does hereby make, constitute 
and appoint XI 





State ot LL Ljmois >= 


as its true and lawful Attorney(s)-in-Fact, with full power and authority herby conferred to sign, execute, acknowledge and deliver any 
ano all eones and undertakings, recognizances, contracts of indemnity, and other writings obligatory in the nature thereof for and on 
its behalf as follows: 





The obligation of the Company shall not exceed one million ($1,000,000.00) dollars. 


And to bind the Corporation thereby as ay and to the same extent as if such Bonds and undertakings, recognizances, contract of 
indemnity, and other writings obligatory in the nature thereof were signed by the President, sealed and duly attested by the Secretary 
of the Corporation, hereby ratifying and confirming all that the said Attorney(s)-in-Fact may do in the premises. This Power of Attorney 
is executed and may be revoked pursuant to and by authority granted by Article IV, Section 2-A (1) and (2) of the By-Laws of the 
Indiana Lumbermens Mutual Insurance Company, which reads as follows: eM oe 


(1) The President or any Vice President shall have the power and authority, by and with the concurrence with the Secretary of the 
Corporation, to appoint Attorneys-in-Fact for purposes only of executing and attesting to Bonds and undertakings, 
recognizances, contracts of indemnity, and other writings obligatory in the nature thereof, and at any time to remove any such 
Attorney-in-Fact and to revoke the power and authority given to him. 


(2) Attorneys-in-Fact when so appointed shall have power and authority, subject to the terms and limitations of the Powers of 
Attorney issued to them, to execute and deliver on behalf of the Corporation any and all Bonds and undertakings, 
recognizances, contracts of indemnity, and other writings obligatory in the nature thereof, and such instrument executed by 
any such Attorney-in-Fact shall be as binding upon the Corporation as if signed by an Executive Officer and sealed and 
attested by the Secretary. 


IN WITNESS WHEREOF, the Indiana Lumbermens Mutual Insurance Company has caused these presents to be signed by its Vice 
President, attested by its Secretary and its Corporate Seal to be hereto affixed this FIRST day of _ OCTOBER 9 1986, 


Indiana Lumbermens A EE Company 
By 


Vice President 





ATTEST: 


E au Roday 
Secretary 


STATE OF INDIANA l SS: 
COUNTY OF MARION ; 











On this FIRST day of OCTOBER 19 86 , before me personally came 
the individual who executed the preceding instrument, to me known, who being by me duly sworn, acknowledged the execution of the 
above instrument and did depose and say; that he is the therein described and authorized officer of the Indiana Lumbermens Mutual 
Insurance Company; that he knows the seal of said Corporation; that the seal affixed to the said instrument is such corporate seal; that 
it was so affixed by order of the Board of Directors of said Corporation; and that he signed his name thereto by like order. 


22. "Lot. 


Notary Public 




















My Commission Expires 


INDIANA 


COUNTY OF MARION SS: 


|, the undersigned, Secretary of the Indiana Lumbermens Mutual Insurance Company, do hereby certify that the above 
and foregoing is a true and correct copy of a Power of Attorney, executed by said Indiana Lumbermens Mutual 
Insurance Company, which is still in force and effect. 


This Certificate may be signed and sealed by facsimile under and by the authority of the following resolution of the Board of Directors of 
Indiana Lumbermens Mutual Insurance Company at a meeting duly called and held on the 12th day of June 1973. 


“RESOLVED: That the use of printed facsimile of the Corporate Seal of the Company and of the signature of the Secretary on 
any certification of the correctness of a copy of an instrument executed by the President or a Vice President pursuant to Article 
IV, Section 2-A (1) and (2) of the By-Laws appointing and authorizing Attorney-in-Fact to sign in the name and on behalf of the 
Company Bonds and undertakings, recognizances, contracts of indemnity and other writings obligatory in the nature thereof, 
with like effect as if such seal and such signature had been manually affixed and made, hereby is authorized and approved.” 


In witness whereof, | have hereunto set my hand and affixed the seal of said Corporation, this Mu Mi gqae ea ie es Em 
day of April 1987 


(SEAL) 





, GA 


Form 253 Secretary 





versión 1: 5/1/85 


ITEMIZED PROPOSAL 
PROJECT: BERRY ST.-FULTON TO BROADWAY 


ITEM| ITEM 
NO. | 
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SHEET 1 OF 1 


CONTRACTOR: 


GUm Mr Co 


. RES. NO: 


QUANTITY|UNIT|UNIT COST| 


T 465. 
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TOTAL: 


/7,48 4 36 
/f,s 24. 30 


Note: Contractor will be paid on measured quantities only at unit price bid 





1100*0 Japun 211000 4apun 1:100*0 Japun 11000 Japun 1 
1118*0£ eh ONT KRACK NM AN TUUS JaA0 1; E 


BURN TTWLOL 1 00250616  ETLOL 











00*006 


^ 

L 

Li 

' 

U 

LI 

Á—— À—— ÀÀ——— ————À ——G —— —— —— | —— ——————  À ————— 
LI 1 LI LI 
^ 1 
D ' 

1 

4 


100'0096 — i 00$ — 100076 Tt 00*008* EN? 00*00St EN? 
l 
i 


EA EE, IL LE Lus ES 


yai 6 SY3SI4 d3LS 3139203; 11 


AWM 32048802 3LIYINOI; ZI 


00'GL9 00's. 00005 00'001 1 00"Sbr + 00°SS 






EUA LOMA EL ONE ALS EE I ne PR, o LA. Pass 


SL'OST HA oosit MI 00'ett 00*1 


--------2---- --—----222 o a mc ms nn o 


00*007 00°01 00*081 


00*007 00*001 


00°Z0L 1 DEA 


LI 
4 
1 
1 
U 
H 
H 
i 


00 "Ss 





DOIT =} OG" 






i 
H 
H 


E E EE EE 


00'61 


00"0£ OM 00'01 | 00*00£ 


U 
1 
LI 
U 
U 
U 
I 
U 
Li 
' 
' 
U 
LI 
U 
U 
H 
U 
H 
1 
t 
H 
1 
' 
t 
' 
U 
U 
| 
H 
! 
| 
U 
H 
U 
H 
U 
H 
t 








WI ASM 4 4311711834 8 HIMM '0335:01 


Wii Z 20909 01 9NILSYI "971 1SNCAY:B 


00°99 DCL 00*002 00*001 + 00”0S£ 00'GLY : 00°00T 00°0S II ir  30v83 OL 9NIALSYI 17 LENG ` 
i 


00°00 + 00°S2 
i 


H 
i 
1 
^ 
L 
U 
U 
U 
i 
4 
' 
H 
U 
à 
U 
U 
i 
U 
H 
U 
H 
DH 
l 
H 
t 
H 
U 
' 
d 
U 
U 
U 
1 
4 
1 
Li 
U 
U 
U 
$ 
U 
Li 
U 
H 
U 
LI 
i 
i 
Li 
U 
t 
H 
U 
U 
LU 
H 
H 
U 
i 
U 
H 
U 
U 
U 
4 
LI 





AS: 9£ i SIAIYO 3134202 871 


00*0801 00°0E 00°828 00°£2 


1 0670 00"Z5t1 o 


.Qo*sct SUL 1 00'008£ 





D 
D 
U 
D 
U 
U 
' 
4 
1 
1 
1 
U 
H 
1 
U 
H 
H 
DH 
4 


o 
o 
=> 
Cad 





D 
1 
LI 
LI 
4 
L 
LI 
' 
1 
4 
H 
H 


ai s AS. 


00*0Z81 


00*00£1 00°89ZT 





00"0051 (SdMYY "OVU ATWAGNIM 3139JN0) 2919 ` 















DI i 35: 0061 =| AWA 3LIYINDI tiG 


9NIH)IVd 1IYHdSY: 


00°% 


00*0192 


00'020] II — 1089 + 10*0 00*089 (UI. 1 Ju 08 





001 





00'b — 1000/62 Im" JT 082 III 3dAL GYNI 31302N02:€ 


RAA 09° 





00°00LG — 1 OO"ST — : 00'OZHE 


00*0r0Z 00'£ 


oct 


DE 00*00L5 


ROU 







31 089 WAOWIY GYNI! 


AS: S9 WAOWIY 3133280211 


LAN SN i 
i 
IM Im) ($) ($) i | “ON 


EA SL GLEN A PA STEA Eb pra IRA 


i i 
Dau Ion i 05*Zb0Z 
| 


i 
DER DA — 1 ott 00*L 


n————— J—————— aro —— Pd 


($) ($) | H i ($) 
INNOWY 11503 LINN: — INDONV 11509 LINN 


ONE It ` 


d) 01 ($) 
ANNOWY — 1180) LIN —.1NDONV — 11503 LINN 


ANMOWY — 1150) LINNILINN:ALILNYNG: Will Wall 











98-8909 ON "S3Y AYROVOYA OL NOLINS “1S AYYIG “103C0UA 


H 

00 i 00”89L1 1097 
i 

“ONT U3NH30 Suv3dS  : “09 'ISNOJ OIWOL  ; AXMW-HI3IU — i — “07 1SN0J SINIYA — : — — 38-8909 TON “SY 1 — —  AVMQVOSG OI NOLINS 15 AUUJE "JE 


susana sunanta susanta tusanta fo_f_&  '131un aut nta 


Admn. Appr. 


TITLE OF ORDINANCE Contract for Res. 6068-86 - Berry Street Bond Issue 





DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
SYNOPSIS OR ORDINANCE  8PProving Contract for Res. 6086-86 - Berry Street 
ie a ds e ee isse 


Bond Issue is for the improvement of Berry Street between: 

Fulton Avenue and Broadway by constructing partial sidewalk replace- 
ment, total curb replacement, drive approaches, yardwalks on the 
North side of Berry Street. Also by adding corner wingwalks at the 
corner of Fulton and Berry and the N.E. and S. E. Corners of Broadwa: 


and Berry Streets. Gaines Construction Company is the contractor. 


A E DAN 

















eee 


EFFECT OF PASSAGE Improvement of Berry Street 
EE ee SC ER SA Se SIT te, A ee 


E ——— EE 
———————————————— AA 
EFFECT OF II PASSAGE ur dc M TRAN. P au er te E E 
A A EE ad A den Re E 


ROLE ER M ie Sk GRRE We c EE MI MEET UM ELM T A cr DU MEN 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $19,594.30 





ASSIGNED TO COMMITTEE 











BILL NO. S-87-04-55 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
Ee IMEEM CU CC I, d COM UE 


REFERRED AN (ORDINANCE) (RESGENTXGN) ^ approving the Contract for 


Res. 6068-86 - Berry Street Bond lssue, between Gaines Construction 
Company and the City of Fort Wayne, Indiana, in connection with 
$ the Board of Public Works and Safety Es : i 


eae Se a a ae ar es ee 

EERSTEN EE 

J : 3 ERA CER: 

JS A EE as OMNIS: c cc M MEM MM M I MMC eee aren ce oe 

hl ENEE 

CA 

EE ENEE EI DC icem EE 

Pogo) So A A EE D E 


HAVE HAD SAID (ORDINANCE) ` (ok) UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
É (RESSXXPPOONSX | 





YES. 


E 









SAMUEL J. TALARICO 
CHAIRMAN 


JANET G. BRADBURY 
VICE CHAIRPERSON 


PAUL M. BURNS 
JAMES S. STIER 


e 4$. 2€ CHARLES B. REDD 


CONCURRED IN ^ Z aA halk SANDRA E. KENNEDY 


CITY CLERK 








